- 


Approved For Release 2001/07712 : CIA-RDP84-00933R0004001600379" 


SPS-ELO3-77 
L? Nevember 19'77 


MEMORANDUM FOR: Divector of Data Processing 


STATINTL FROM t aed are 
Chiel, Special Projects Staff 


sUBTEOT —  ¢ SPY Weekly Report for Week Bnding 
18 November 1977 a, 


1. sme 


A. We ave receiving comments on the draft Memorandum 
af Understanding for joint managemank of the consolidated CIA/DTA 
SAE Project. This Memorandum ag well aw the Projent Management 
Plan ave to be ready for joint (DCT and b/DCA) signatures by 
k Decembar 1977,. 


B. Tha SAPE Requiremants Analyala Document prepared 4 
STATINTL ME (ons of the SATE Dasigqn Competition Contractors) was ' 
dulivered to the Government on 11 Nevember 1977. [EBB (the STATINT 7 
other Design Competition Contractar) is acheduled to deliver 
Lis anulyaia dacument on 24 November 1977. 


G. We axa working clonaly with Systems Analyois 
Beafe/OCR to update the OLA. SACK Raquiremants Documant dated. ; 
i Mareh 1977, The updated Document will reepond to the contractors’ | 
anulyses Of the requirements an well as include refinements FE 
tu the oxigdnal Document. The updated Document, to he conpleted 
by Fabruary L978, will establish the baseline for the SATE 
handgn Competition. 


. O. dAnternational Telephona and Telegraph (sponsored 
by ORD and OC} presented a beiefiug on Elbarr opties technology 
on $5 November L977. <n attendance werce SPS pergonnel and SAFE 
Design Campatitian contractors’. paragonnel. ‘wa meeting were 
aiso held to diecune plane for a Wide-band Comminisations System 
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2.) TADS S Lk ee 


A. pucing the week Government. (Admin. Sto££) 
provided. data entry support (four heurs per day) toe the 
contractor. This support was used to complete the production | 

oe ore Tener e that ave to be distributed befora 24 November 1977," 
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4). ADITARS 
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